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BILL NO. S-83-06- ^7 


SPECIAL ORDINANCE NO. 




AN ORDINANCE approving Change Order 
No. 2 and FINAL for Res. 367-82 
Dwenger Avenue 60" Brick Sewer, with 
John Dehner, Inc., in connection 
with the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 and FINAL for Res. 
367-82 Dwenger Avenue 60" Brick Sewer, with John Dehner, Inc., 


in connection with the Board of Public Works for: 

a close out change order to adjust the 
estimated quantities in the contract unit 
price to agree with actual quantities 
installed under this project; 


involving a net cost of Eleven Thousand Five Hundred Fifty-Four 
and 10/100 Dollars ($11,554.10), all as more particularly set fort) 


in the specifications, and which is on file with the Office of 
the Board of Public Works, and is by reference incorporated herein 


made a part hereof and is hereby in all things ratified, confirmed 
and approved. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 
approval by the Mayor. 

Councilmember // 


APPROVED AS TO FORM 
AND LEGALITY 










Read the 
seconded by 


£t tlHte in full and on motion by_ 

>■ and duly^dqpted. 


to the Committee 


ead the s46t>nd time 

, _ ?£Zs5CZL- (and) the City 

Plan Commission for recommendation)_ and gn hii.^j?i>a r( i,i g tn h<* ^ ffar 

due legal notice, at the Coi^ncll Chambers, City-County Building, Fort Wayne, 
Indiana, on_ / . the» . . «-p 
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Read the third ^me in full and on motion by___ 

seconded by__/ and duly adopted, placed on its 

passage. PASSED 
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- CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as -fZONTNG MAP)-{-GENERAL) .. (ANNEXATION) (SPECIAL) 

(APPROPRIATION) ORDINANCE 
on the 


(RESOLUTION) NO 
_day of_ - / 


N) (SPECIAL) 


ATTE^: 






9(gJL. 




- & 


CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor the City of Fort Wayne, Indiana, 
_day of _, 19 y4 
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ck & .h.,e.s„?. 


at the hour of 


CITY CLERK 


Approved and signed by me this _ 1 H'jjk 

19 < ?‘^> , at the hour of__)_o ’ clock | 


_day of 


. ' 

j)/Llh.| 


. E. S . T J 
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WIN MOSES, JR. 


MAYOR 














































































CHANGE- ORDER 


Change Order No. 2 - Closeout _ 

Project No. DSR #044834 et al 

Name of Projec t: DWENGER AVENUE 60" BRICK SEWER REPAIR 


Resolution No. 367-82 
Board Order No . 57-1982 
Dat e: June T>, 1983 _ 


T o: John Dehner. Inc. 


(Contractor) 




You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 


Description of Change 


Change in Co 

ntract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 



See attached sheet 2 of 3 




























Total Decrease 

Total Increase 

Net (Decrease) (lS£?P§§8fe) Contract Price 

33,015.00 



21,460.90 

11,554.10 



The sum of $ 11,554.10 _is hereby (added to)(deducted from) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price 

Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


* 481,914.00 
*507,264.00 

495,709.90 


The time provided for completion in the contract for this project is (unchanged)(itre¥§&g§d) 

(decreased) by zero _calendar days due to this Change Order. The date for completion 

~ 0 f~air work shall be unchanged _. Furthermore, this document shall become an 

amendment to the contract^and all provisions of the contract shall apply hereto. 




Accepted by 


Attested by 




Contractor 



Jlity Engineer 



Owner 





y t y i 

Clerk. 


Date t *7 / ? 

f - 

Date Taw '7 
Date_ &[elng3 
Date 6/ef 


Dat-p ^ ^ 


T~r 

/z!s3 
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ATTACHMENT TO CHANGE ORDER 


xtea 

No. 


Description, of Change 


Change in Cont-rarr 

Quantity 

Description 

Unit Price 

Decrease 

• Increase 

2 

11 IF 

Concrete grout for 36" line 

$120.50 


$1,325.50 

8 

420 CY 

, #73 Stone Backfill ’ 

15.00 


6,300.00 

9 

27 CY 

Concrete Pavement 9" • 

125.00 


3,375.00 

10 

155 CY 

6 " Soone Pavement 

15.00 


2,325.00 

11 ■ 

174 CY 

14" Deep Strength Asphalt 

85.00 

$14,790.00 


13 

42 LF • 

21" RCP Sewer in existing 60" sewer 

193.70 


8,135.40 



(Note: 24" Steel Liner actually 






installed) 




16 

Lump Sum 

Purchase by John Dehner,' Inc. of 2 


18,225.00 




15 x 30’ x 30' steel shafts, including 






walers, left in place per Purchase’ 






Order A-011502.. See attached letter 






dated 8-27-82. 


































Tot 

:al Decrease 

$33,015.00 


Tot 

Net (Decrease) (Imasetase) Cor 

:al Increase 


$21,460.90 

itract Price 

$11,554.10 



Sheet 2 of 3 



































































Change Order No._2_ 


Resolution No. 367-1982 

Board Order No. 57-1982 __ 

REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for change: ITEM #2; Acutal total concrete grout required was less 
than l/o over estimated. ITEM #8: Utility conflicts re quired more excavation, hence 
more backfill. ITEM #9: Undermining of Dwenger Avenue required more concrete 

pavement replacement. ITEM #11: Less asphalt was used than anticipated. ITEM 13': 
Bid quantity was based upon aerial photo measurement, field measur ement was 42 LF 
greater. ITEM #16: See"Description of Change" on Sheet 2 of 3. 


2. Will proposed change alter size of the project? Yes. 

If yes, explain 


3. Affect on operation and maintenance cost of this project: 
NONE 


m l. 

















































S-83-06-37 


BILL NO. 

REPORT OF THE COMMITTEE'ON CITY UTILITIES 

WE, YOUR COMMITTEE ON City Utilities _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order No. 2 and FINAL, for Res. _ 

367-82 Dwenger Avenue 60" Brick Sewer, with John Dehner, 

Inc., in connection with the Board of Public Works 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE ft/ 1 ) _PASS. 





























63/9 


Adran. Appr. _ 

TITLE OF ORDINANCE_ change Order #2 S FINAL for Res. 367-82 Danger Ave. 60” Brick Sewer 

DEPARTMENT REQUESTING ORDINANC E Board of Public Works KeP alT 
SYNOPSIS OF ORDINANCE This is a close out change order to adjust the estimated 
. quantities in the contract unit price to agree with actual quantiti es installed under 
this project. Contractor is John Dehner, Inc. 


PRIOR APPROVAL RECEIVED 6/21/83 



EFFECT OF PASSAGE Completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $11,554.10 


ASSIGNED TO COMMITTEE 
























































